Lawrence to Bryn Mawr Modernization Project 


Street & Alley Closures (pm 
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STREET CLOSURES ALLEY CLOSURES 
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TYPES OF ALLEY CLOSURES 





STREET CLOSURE TYPE | MAXIMUM QUANTITY* » DAILY ALLEY CLOSURES (EAST & WEST ALLEYS) 


FOSTER AVE. 06 Hours 10 Weekends™ e Temporary alley closures will occur Mondays through Fridays 
WINONA ST. Extended Up to 49 Weeks Combined during Bayaemeurs: - 

e Daily alley closures are not anticipated to occur on weekends. 
ARGYLE ST. 06 Hours 10 Weekday Periods' e During closures, garbage removal will be maintained. 
AINSLIE ST. (E/B) Extended Up to 49 Weeks Combined » EXTENDED ALLEY CLOSURES (EAST ALLEY) 
LAWRENCE AVE. 06 Hours 10 Weekends e Extended alley closures are required for long-term construction 
LELAND AVE. 56 Hours 10 Weekends activities. 

e Alleys immediately east of the CTA tracks will experience 
MONTROSE AVE. 06 Hours 4 Weekends extended closures while track structures (including the 


foundations and retaining walls) are built. 
e No single block will experience more than 5 months of alley 
closures throughout the project duration. 


e During extended alley closures, alternative parking will be 
" Weekday period closures can commence Monday evenings and continue provided and garbage removal will be maintained. 


through Thursday mornings. 


“Maximum closures allowed are subject to change per contract revisions. 


*“56-hour weekend street closures can commence on Friday evenings 
and continue to Monday mornings. 


